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CCTOBSCIAL CHABGB EROCEDPHB 


1. The purpose of thin DIB Is to establish the Commercial Chafiga propocal (CCP) 

procedure, the steps are as follows la the sequence la which they occur: 

a. All ohangts will be reviewed hgr the Chang* Board. 

bo Project Specifications Group Shall prepare OOP's shea the 
cork statement Is received or when so advised by the Project 
Office la advance of (Beings Board review. 

c 0 Project Specifications Group shall obtain accessory information 
f ro m the work statement, from design end technical groups, from 
the Heights Group and Project Office to Incorporate la the CCP. 

d. OOP's shall be prepared In final flora sad preseated for Project 
Office Approval. 

e. Tbs Project Office shall approve or return the OOP to Project 
Specifications Group for correction. She Project Office shall 
transmit the OOP to Contracts Department. 

f. (l) TWA , ittthln four weeks after receipt of a Sales Order 

(printed on white paper) Indicating customer a ppro v a l of 
a OOP, the Project Specification Group shall prepare a 
Change Order package consisting of revised specification 
pages end a CCP sunsaxy and forward these data to Contracts 
via the Project Office. All Order packages shall be 

submitted to Contracts as rapidly as the Project Specification 
Group has then completed and has obtained Project Office 
signature. 

(2) IBUEA . Hi thin four weeks after receipt of a Sales Cedar 


(printed cm white paper) indicating customer a pproval of 
a CCP, tbs Project Specification Group shall prepare a Change 
Order package consisting of revised specification pages and 
a CCP suamaxy and forward these data to contracts via the 
Project Office. These data shall be forwarded to Contracts 
only after notification by Contracts that the previous Change 
18 ir pncfcnga has been a ppro v ed. 
















C0H7AIB 

A Division of Gonsral Dynamics Corporation 
San dego 12, California 


SES3D37 IHPOFHATION WLSSSm 
C0B7ASR RSPOKT BO. 21-22-00? 
MOTEL 22 AIHFIAHE 


CCHBSfC m. CEAHS3 KflXEDOHE 


BO. 4.010 

BftCB: 2 of 2 

DAUB: 28 Jtrac 1957 
Revised 27 i*ay 1958 


g. Ulustrationa rtmii be brought up-ton2ate to incorporate the effect 
of only the OOP's contained in the Change Orfior package with which 
the illustration is being submitted. Arrongenants axe to be mads 
vith Service Publieaticmg - Illustration Sscticn to provide expedited 
service. 

h. All OOP's In the 19 series (those covering Appendix I-C concurrence 
items) tthnii be prepared and submitted as separate Change Order packages 
and axe not to be included with other CCP's. 

j. Upon receipt of Sales Order (printed on green paper with Change Order 
attached) indicating customer approval tbe revised specification pages 
affected rih*n bo Issued to all persons on the distribution list. 



w: fTitttSi 

Speoifiocticns Group Engineer 



A. JV Savaxd 
Project Engineer 















